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INFO OCT-01 NEA-10 ISO-OO CCO-OO SY-05 FBO-02 A-01 /024 W 

106670 

P 291151Z MAY 75 
FM AMEMBASSY CAIRO 
TO SECSTATE WASHDC PRIORITY 4239 
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LIMITED OFFICIAL USE CAIRO 5349 
BEIRUT FOR RCO/RTC/RSS 
EO 11652: NA 

TAGS: ASEC, ACOM. ABLD 
SUBJECT: TELEPHONES FOR OB ALEX 

1. CONTRACTOR SPECIFICATIONS FOR RENOVATION OB ALEXANDRIA CALL FOR 
CONCEALMENT OF TELEPHONE CONDUITS FROM FRAME TO JUNCTION BOXES 
AND IN MOST OFFICES FROM JUNCTION BOXES UNDER THE FLOOR TO DESK 
LOCATION. ACKNOWLEDGING SENSITIVITY OF TELEPHONE EQUIPMENT, 
PARTICULARLY THE 1A2 SYSTEMS, EMBASSY HAS THREE OPTIONS: 

A. PERMIT CONTRACTOR TO PROCEED ACCORDING TO SPECS. 

B. REQUEST CONTRACTOR TO INSTALL CONCEALED CONDUITS FROM FRAME TO 
JUNCTION BOXES ONLY. 

C. AMEND SPECIFICATIONS TO DELETE ALL CONCEALED TELEPHONE CONDUITS. 
SUPERVISOR OF CONTRUCTION METCALF AND POST FEEL STRONGLY THAT 
OPTION B IS OBVIOUS CHOICE. 

2. CONTRACTOR INTENDS TO COMMENCE CONDUIT INSTALLATION THIS 
WEEK. UNLESS ADVISED TO CONTRARY, PLAN TO PERMIT CONTRACTOR 
TO PROCEED UNDER OPTION B. 
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